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ACTION FBO-06 

INFO OCT-01 EUR- 1 2 ISO-OO A-01 /020 W 

023848 

R241100Z JAN 75 
FM AMCONSUL LENINGRAD 
TO SECSTATE WASHDC 0985 

UNCLAS LENINGRAD 0101 

EO 11652N/A 
TAGS: ABLD, UR 

SUBJ: LENINGRAD ELEVATOR PROJECT 

A/FBO FOR STANCE 

REF: LENINGRAD 046 AND OM, DECEMBER 15, 1974 

1. HAVE RECEIVED POSITIVE ANSWER FROM FLOHR-OTIS, BERLIN ON QUESTION 
OF SUITABILITY OF SOVIET PLANS FOR MACHINE ROOM FOUNDATION AS FOLLOWS 

"THE ELEVATOR HOISTWAY AND MACHINE ROOM CAN ON PRINCIPLE BE CARRIED 
OUT ACCORDING TO THE NEW DRAWINGS WHICH WE HAVE ON HAND." 

2. COMPANY CONTINUES THAT THEY SEE NO REASON FOR ANOTHER ON SITE 
VISIT BY THEIR ENGINEER BEFORE ERECTION, BUT WILL SEND HIM IF WE 

WISH. THEY ADD THAT "LOW ADDITIONAL COSTS WILL ARISE FOR THE ERECTION 

BECAUSE OF MINOR DESIGN CHANGES REPORTED BY BARKMAN, AND THAT ESTIMAT 
E 

WILL BE FORTHCOMING. 

3. POST PROPOSES THAT. ON RECEIPT OF FBO COMMENTS AND SUGGESTIONS 
REQUESTED REFTEL, AND BASED ON FIRM STARTING TIME FOR SOVIET CONSTRUC 
TION 

OF FOUNDATION, WE REQUEST FLOHR-OTIS ENGINEER VISIT LENINGRAD TO 
INSPECT ELEVATOR MACHIERY FOR POSSIBLE DETERIORATION DUE LONG 
STORAGE SO THAT NECESSARY REPLACEMENT PARTS CAN BE ORDERED FROM 
GERMANY TO MEET FOUNDATION COMPLETION DATE. AT SAME TIME, ENGINEER 
HYCUE ACTUAL ERECTION PROCEDURE SO THAT SEABEES CAN BE 
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Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 24 JAN 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975LENING00101 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750027-0347 
From: LENINGRAD 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t1 97501 23/aaaaauii. tel 

Line Count: 62 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 
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Review Comment: n/a 

Review Content Flags: 
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Review Event: 
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